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Capital projects for the 2012/13 financial year 


Sub-Directorate [R] 

GFS Classification [R] 


Project name {R] 

Project Description 

Funding source 

[R] 

Planned Start Date [R] 

Planned Completion Date 

(R] 

Ward IR] 

Information Tecbnologv 

Corporate services 

1201 

57 X PC Workstation Comnplete (20"LCD 
Monitors, Windows and Office Home and 
Business 2010 included) 

Computers - hardware/equipment 

CRR 

2012/09/01 

2013/01/31 

.. 

Munldp*l BuMIne 

Public safety 

1560 

Safety Equipment - General 

Plants equipment 

CRR 

2012/08/01 

2013/03/31 

All 

Municipal Buildings 

Community and social 

1560 

Neighbourhood Development 

Buildings 

NDPG 

2012/08/01 

2013/01/31 

3,4,7 

Parks & Recreation 

Community and social 

1580 

Paving - Rustdene Sport Stadium 

Buildings 

MIG 

2013/03/01 

2013/06/30 

5 

Roadsworks & Stormwater 

Road transport 

1660 

Rehabilitate Gravel Roads Ph II : BW: 
Hillside II, Rustdene, Kwa-M 

Storm water 

MIG 

2012/07/01 

2013/02/38 

7 

Roadsworks & Stormwater 

Road transport 

1660 

Rehabilitate Roads : Murravsbure 

Storm water 

MIG 

2012/07/01 

2013/06/30 

1 

Roadsworks S Stormwater 

Road transport 

1660 

New Stormwater Rwetention Pond Ph2 

Storm water 

MIG 

2012/07/01 

2012/11/30 

2,7 

Roadsworks & Stormwater 

Road transport 

1660 

New Stormwater Retention Dam 

Storm water 

MIG 

2012/07/01 

2012/07/31 

2,7 

Reticulation Hitdi Voftase 

Electricity 

3060 

132 kv Substation 

Water purification 

DME 

2012/08/01 

2013/01/31 

All 

Solid Waste Management 

Water 

1980 

New Refuse Transfer Station 

Water purification 

MIG 

2012/07/01 

2012/10/31 

All 

Water & Sewerage 
Reticulation 

Water 

4050 

Upgrade of Extended Water Supply 

Reticulation 

RBIG 

2012/07/01 

2012/12/31 

1 

Water & Sewerage 
Reticulation 

Water 

4050 

Investigation for New Acquifers 

Reticulation 

MIG 

2012/11/01 

2013/02/28 

2,3,4,5,6,7 

Water & Sewerage 
Reticulation 

Water 

4070 

New Balk Water Supply - Nelspoort 

Reticulation 

MIG 

2013/06/01 

2013/06/30 

2 

Water & Sewerage 
Reticulation 

Water 

4070 

New Total Pressure Reduction of Water 

Network 

Specialised vehicies - Refuse 

MIG 

2012/12/01/ 

2012/03/31 

All 

Water & Sewerage 
Reticulation 

wm, 

4070 

Re-Alignment Bulk Water Pipeline 
(HousinR) : Rustdene 

Transmission & Reticulation 

MIG 

2012/07/01 

2012/08/31 

3 
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Revenue by Source for the 2012/13 financial year 


Line Item {200 chars) 

Vote Number 

July 

August 

September 

October 

November 

December 

January 

February 

March 

April 

May 

June 


TOTAL 

Property rates 

1220/5800/0000 

18501300 

186881 

186881 

186881 

186881 

186881 

186881 

186881 

186881 

186881 

186881 

186765 


20556875 

Property rates - penalties & collection charges 

1120/7810/0000 

43750 

43750 

43750 

43750 

43750 

43750 

43750 

43750 

43750 

43750 

43750 

43750 


525000 

Service charges - electricity revenue 

3050/6950/0000 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 

4715868.167 


56590418 

Service charges - water revenue 

4070/9020/0000 

870125 

870125 

870125 

870125 

870125 

870125 

870125 

870125 

870125 

870125 

870125 

870125 


10441500 

Service charges - sanitation revenue 

1620/6030/0000 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 

636137.5 


7633650 

Service charges - refuse revenue 

1980/8670/0000 

456141 

456141 

456141 

456141 

456141 

456141 

456141 

456141 

456141 

456141 

456141 

456141 


5473692 

Service charges - other 


0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 



Rental of facilities and equipment 

1580/6510/0000 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 

62092.91667 


745115 

Interest earned - external investments 

1120/7820/0000 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 

97539.25 


1170471 

Interest earned - outstanding debtors 

1620/7743/0000 

101250 

101250 

101250 

101250 

101250 

101250 

101250 

101250 

101250 

101250 

101250 

101250 


1215000 

Dividends received 


0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 

0 



Fines 

2000/5230/0000 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 

868920.8333 


10427050 

Licences and permits 

2100/7700/0000 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 

48654.16667 


583850 

Agency services 

2080/6930/0000 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 

44166.66667 


530000 

Transfers recognised - operational 

1120/6250/0000 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 

4230875 


50770500 

Other revenue 

1120/5730/0000 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 

56824.25 


681891 

Gains on disposal of PPE 

1120/8551/0000 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 

166.6666667 


2000 

TOTAL 


R 30 733 811 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 392 

R 12 419 276 


R 167 347 012 
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